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DEPARTMENT. 

Number  of  Permanent  School  Buildings  ....  286 

Of  the  above  there  are  in  use  as  Storehouses,  etc.  .      .  3 

Number  of  Portable  Buildings   230 

Number  of  Hired  Buildings   ,18 

Giving  Class  Rooms  to  the  Number  of     ...      .  80 
Number  of  New  Buildings  Finished  by  Commission      .  79 
Number  of  Additions  to  Buildings  Finished  by  Com- 
mission   .      .      .      :   30 

Number  of  Buildings  under  Construction  at  the  Present 

Time   13 
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ANNUAL  REPORT 


SCHOOLHOUSE  DEPARTMENT 

FOR  THE  YEAR  ENDING  JANUARY  31,  1924. 


Hon.  James  M.  Curley, 

Mayor  of  the  City  of  Boston: 
Dear  Sir, —  In  accordance  with  the  provisions  of 
chapter  473  of  the  Acts  of  1901,  the  Board  of  School- 
house  Commissioners  submits  herewith  its  twenty-second 
annual  report,  covering  the  period  from  February  1, 
1923,  to  February  1,  1924. 

Respectfully  submitted, 

Thomas  P.  Glynn, 
James  J.  Mahar, 
Clarence  H.  Blackall, 
Commissioners. 
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APPROPRIATIONS  FOR  THE  YEAR  1923-24  — 
LAND  AND  BUILDINGS  FOR  SCHOOLS. 


On  March  19,  1923,  the  School  Committee  passed  the 
following  order: 

Ordered,  That  in  accordance  with  the  provisions  of  chapter 
206  of  the  Special  Acts  of  1919,  as  amended  by  chapter  524  of 
the  Acts  of  1920,  the  following  appropriations  are  hereby  made 
for  the  purpose  of  meeting  the  administration  expenses  of  the 
Schoolhouse  Department,  for  the  additional  cost  of  accommo- 
dations previously  authorized  and  for  additional  school 
accommodations : 

Administration  Expenses. 


Schoolhouse  Department. 
Item   1. —  Administration   expenses.  School- 
house  Department  $55,000  00 

Additional  Provision  to  Meet  Cost  of  Accommo- 
dations Previously  Authorized. 

Item  2.  — Administration  Building  (Item  3, 

1921.)   55,000  00 

Item  3. —  Robert  Gould  Shaw  District,  West 
Roxbury:  Construction  of  four-room  build- 
ing, kindergarten  and  Grades  I.  to  III.  (Item 
29,  1921.)   10,000  00 

Item  Ji. —  Juha  Ward  Howe  District,  Roxbury : 
Completion  of  addition  on  Julia  Ward  Howe 
lot,  four  rooms  and  hall.    (Item  4,  1922.)    .  10,000  00 

Item  5. —  Mather  District,  Dorchester:  Land 
and  construction  of  twenty  class  room  inter- 
mediate school  building  (Item  9,  1922.)       .         40,000  00 

Item  6. —  Edward  Everett  District,  Dorchester: 
Construction  of  six-room  addition  to  John 
Lothrop  Motley  School  building  (Item  25, 

1921.  )   25,000  00 

Item  7. —  Henry  L.  Pierce  District,  Dorchester: 

Completion  of  four-room  building  (Item  23, 

1922.  )   15,000  00 

Item  8. —  Bennett  District,  Brighton:  Plans 

and  construction  of  two-room  addition  at 

Oak  square.    (Item  23,  1921.)     .      .      .  6,500  00 


Carried  f  orward  $216,500  00 


SCKOOLHOUSE  DEPARTMENT. 
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Brought  forward     ...      .      .      .      $216,500  00 

Item  9. —  Bennett  District,  Brighton :  Land 
and  construction  of  eight-room  unit  of 
sixteen-room  school  building,  Grades  I.  to  VI. 
and  kindergarten.    (Item  14,  1922.)    .      .  13,000  00 

Item  10. —  Bennett  District,  Brighton:  Land 
and  construction  of  four-room  unit  of  sixteen- 
room  building,  Grades  I.  to  III.  and  kinder- 
garten.   (Item  15,  1922.)      .      .      ...  -       15,000  00 

Item  11. —  Francis  Parkman  District,  Jamaica 
Plain:  Land  and  construction  of  four-room 
unit  of  eight-room  building.  Grades  1.  to  III. 
and  kindergarten.    (Item  19,  1922.)    .      .         42,535  54 

Itein  12. —  Bennett  District,  Brighton :  Con- 
struction of  additional  story  on  Winship 
School  building  and  remodelling  of  present 
building  for  intermediate  school  purposes 
with  additional  shops.    (Item  21,  1922.)  .        148,000  00 

Item  13. —  Roger  Wolcott  District,  Dorchester: 
Additional  land  and  construction  of  sixteen- 
room  unit  of  intermediate  school  building 
without  hall  or  special  rooms.  (Item  12, 
1922.)  .........         18,000  00 

Item  14. —  Phillips  Brooks  District,  Dorchester: 
Land  and  plans  for  twenty-room  intermediate 
school  building.    (Item  32,  1920.)     .      .         50,000  00 

Item  15. —  Hugh  O'Brien  District,  Roxbury: 
Construction  of  eight-room  unit  of  twelve- 
room  annex,  Grades  I.  to  VI.,  kindergarten, 
cookery  and  manual  training  rooms.  (Item 
20,  1922.)    .      .     . •      .      •     .  •  .    •       161,400  00 

Item  16. —  Twelve  additional  portable  buildings. 

(Item  22,  1922.)   5,000  00 

Hired  Accommodations. 
Item  17. —  Rent  of  hired  accommodations     .         67,000  00 

Additional  School  Accommodations. 

Item  18.- — Henry  Grew  District,  Hyde  Park: 
Hyde  Park  High  School,  plans  and  construc- 
tion of  tw^elve  class  room  addition  ,      .      .         15,000  00 

Item  19. —  Agassiz-Bow^ditch  District,  Jamaica 
Plain:  West  Roxbury  High  School,  plans 
and  construction  of  six  class  room  addition    .  7,000  00 

Item  20. —  Sher^dn  District,  Roxbury :  Boston 
Trade  School,  plans  and  construction  of  shop 
addition   15,000  00 


Carried  forward  $773,435  54 
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Brought  forward  $773,435  54 

Item  21 . —  Charles  Sumner  District,  West  Rox- 
bury:  Land,  plans  and  construction  of 
twelve-room  addition  to  interm.ediate  school 
building.  Grades  VII.  to  XII.        .      .      .         70,300  00 

Item  22. —  Edmund  P.  Tileston  District,  Dor- 
chester: Land,  plans  and  construction  of  four- 
room  unit  of  eight-room  building.  Grades  I. 
toVI.,nearMartha  A.  BakerSchoolhouse    .         21,000  00 

Item  23. —  Frank  V.  Thompson  Intermediate 
District,  Dorchester:  Land,  plans  and  con- 
struction of  four-room  unit  of  eight-room 
addition,  Grades  VII.  to  IX   17,000  00 

Item  2If. —  John  Marshall  District,  Dorchester: 
Florence  Nightingale  School,  land,  plans  and 
construction  of  eight-room  addition,  Grades 
1.  to  VI   11,600  00 

Item  25. —  Lewis  District,  Roxbury :  Land, 
plans  and  construction  of  ten  additional 
class  rooms   12,000  00 


On  June  19,  1923,  the  School  Commit- 
tee passed  the  following  order: 

Ordered,  That  in  accordance  with  the  pro- 
visions of  chapter  206  of  the  Special  Acts  of 
1917,  as  amended  by  chapter  524  of  the  Acts 
of  1920,  the  following  appropriations  are  hereby 
made  for  the  purpose  of  meeting  the  adminis- 
tration expenses  of  the  Schoolhouse  Depart- 
ment, for  the  Administration  Building,  for  the 
additional  cost  of  accommodations  previously 
authorized,  for  rent  of  hired  accommodations, 
and  for  additional  school  accommodations: 


Additional  Provision  to  Meet  Cost  of  Accommo- 
dations Previously  Authorized. 

Item  27. —  Lewis  District,  Roxbury :  Roxbury 

high  schools,  land  and  construction  of  a 

thirty-six  class  room  girls'  high  school  and  a 

thirty-six   class   room   boys'  high  school. 

(Item  11, 1922,  as  amended  June  19, 1923.)  .  557,700  70 
Item  28. —  Agassiz-Bowditch  Districts,  Jamaica 

Plain:  West  Roxbury  High  School,  demoli- 
tion of  original  structure  and  construction  of 

twelve-room  unit  of  eighteen-room  addition. 

(Item  19, 1923,  as  amended  June  19, 1923.)    .         20,000  00 


Carried  forward 


$1,483,036  24 


SCHOOLHOUSE  DEPARTMENT. 
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Brought  forward  $1,483,036  24 

Item  29. —  Edmund  P.  Tileston  District,  Dor- 
chester: Land  and  construction  of  four- 
room  unit  of  eight-room  building,  Grades  I. 
to  VI.,  near  Martha  A.  Baker  Schoolhouse 
(Item  22,  1923)   100,000  00 

Item  30. —  Frank  V.  Thompson  Intermediate 
District,  Dorchester:  Land  and  construc- 
tion of  five  class  room  unit  of  nine  class 
room  addition,  Grades  VII.  to  IX.  (Item  23, 
1923,  as  amended  June  19, 1923.)    .      .      .  2,000  00 

Item  31. —  John  Marshall  District,  Dorchester: 
Construction  of  twelve-room  building,  kin- 
dergarten and  Grades  I.  to  VI.  (Item  24, 
1923,  as  amended  June  19, 1923.)    .      .      .  1,600  00 

Item  32. —  Lewis  District,  Roxbury :  Land  and 
buildings  for  kindergarten  and  Grades  I.  to 
VI.  (Item  25,  1923,  as  amended  June  19, 
1923)   163,000  00 

Item  33. —  Samuel  Adams  District,  East 
Boston:  Land  and  construction  of  inter- 
mediate school  building,  thirty  class  rooms 
and  shops  (Item  18,  1922,  as  amended  June 
19,  1923)   707,000  00 

Item  34- —  Sherwin  District,  Roxbury :  Boston 
Trade  School,  construction  of  shop  addition 
(Item  20,  1923)   220,000  00 

Additional  School  Accommodations. 

Item  35. —  Bennett  District,  Brighton;  Land 
and  construction  of  high  school  for  boys  and 
girls   46,000  00 

Item  36. —  Bennett  District,  Brighton:  Win- 
ship  School,  land  and  construction  of  hall, 
gymnasium  and  class  room  annex       .      .         21,000  00 

Item  37. —  Blackinton-John  Cheverus  District, 
East  Boston :  Land  and  construction  of  four- 
room  unit  of  eight-room  building,  kindergar- 
ten and  Grades  I.  to  VI   17,400  00 

Item  38. —  Chapman  District,  East  Boston : 
Gonstruction  of  thirty-six  class  room  high 
school  for  boys  and  girls       ....        150,000  00 

Item  39. —  Prince  District,  City  Proper:  Me- 
chanic Arts  High  School,  land  and  construc- 
tion of  annex  with  gymnasium,  class  and  lec- 
ture rooms,  etc   101,000  00 


Carried  forward 


$3,012,036  24 
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Brought  forward  $3,012,036  24 

Ite77i  40.—  Robert  Gould  Shaw  District,  West 
Roxbury:  Land  and  construction  of  four- 
room  unit  of  eight-room  building,  kinder- 
garten and  Grades  I.  to  VI.,  near  Grove  and 
Washington  streets   122,000  00 

Itein  4^'—  Robert  Gould  Shaw  District,  West 
Roxbur}^:  Land  and  construction  of  four- 
room  addition  to  Henrj-  Vane  School,  kinder- 
garten and  Grades  1.  to  VI  

Itejii  42.- —  SherT\'in  District,  Roxbury :  George 
T.  Angell  School,  construction  of  addition, 
four  class  rooms  and  hall  .... 

lieni  43- — Dillaway  District,  Roxburj^:  Dilla- 
way  School,  enlargement  of  school  yard 

Item  44- —  Wendell  Phillips  District,  West  End : 
Grant  School,  enlargement  of  school  yard  . 


91,000  00 

80,200  00 
5,000  00 
3,700  00 


Grading  and  Fencing,  Additional  Play  Space 
Already  Property  of  the  City. 

Item  45. —  Henry  L.  Pierce  District,  Dorchester: 

Ellen  H.  Richards  School  .  .  .  .  4,000  00 
Item  46. —  Jefferson-Comins  District.  Roxbury : 

Charles  Bulfinch  School   5,000  00 

Item  4^- —  Ulysses  S.  Grant  District,  East 

Boston:  Ulvsses  S.  Grant  School  .  .  .  7,000  00 
Item  48.—  Wells  District,  West  End :  Winchell 

School   2,700  00 


Special. 

Item  49- —  Samuel  Adams  District,  East  Bos- 
ton: For  transfer  to  the  Park  Department 
of  the  Cit}'  of  Boston  to  be  used  in  acquiring 
or  developing  other  land  for  parks  or  play- 
grounds in  East  Boston,  in  accordance  with 
the  provisions  of  chapter  308  of  the  Acts  of 
1923    50,000  00 

Item  50. —  Abraham  Lincoln  District :  Con- 
tinuation School  —  Land  and  construction 
of  first  unit,  for  boys,  with  hall,  shops,  etc.    .         50,000  00 

On  July  2,  1923,  the  School  Commit- 
tee passed  the  f olloT\ing  order : 

Ordered,  That  in  accordance  with  the  pro- 
visions of  chapter  206  of  the  Special  Acts  of 
1919,  as  amended  by  chapter  524  of  the  Acts 


Carried  forward 


$3,432,636  24 


SCHOOLHOUSE  DEPARTMENT. 
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Brought  fonvard  $3,432,636  24 

cf  1920,  as  amended  by  chapter  488  of  the  Acts 
of  1923,  the  following  additional  appropriations 
are  hereby  made  for  additional  school  accom- 
modations : 

Item  51. —  Hugh  O'Brien  District,  Roxbury: 

Construction  of  second  unit,  four  rooms,  of 

twelve-room  annex.  Grades  I  to  VI,  kinder- 
garten, cookery  and  manual  training  rooms 

(Item  20,  1922;  Item  15,  1923)  .  .  .  48,168  21 
Item  52. —  Bennett  District,  Brighton :  Oak 

Square  School,  preparation  and  grading  of 

school  yard        .   5,000  00 

Item  53. —  Dillaway  District,  Roxbury :  Dilla- 

way  School,  preparation  and  grading  of 

school  yard   5,000  00 

Item  54.—  Wendell  Phillips  District,  West  End: 

Grant  School,  preparation  and  grading  of 

school  yard   8,000  00 


$3,498,804  45 


APPENDICES. 


APPENDIX  I. 


APPROPRIATION  FOR  LAND  AND  BUILDINGS  FOR 
SCHOOLS  AND  RENT  OF  HIREID  SCHOOL  ACCOM- 
MODATIONS. 

1. 

Total  Appkopriations  and  Credits  Received  by  the 
Department  from  February  1,  1923,  to  February  1, 
1924. 

Appropriations. 

Balance  from  last  year  $5,575,175  85 

Tax  levy   3,498,804  45 

$9,073,980  30 

Expenditures. 

Amount  expended  for  site,  erec- 
tion and  furnishing  of  new 
buildings  $3,015,656  68 

Amount  expended  for  adminis- 
tration expenses  ....      60,435  77 

Amount  expended  for  enlarging 

school  yards   40,613  75 

Amount   expended   for   rent  of 

hired  school  accommodations    .      66,932  89 

Fire  protection       ....  61  16 

  3,177,700  25 

Amount  unexpended  February  1,  1923      .  $5,896,280  05 

II. 

The  follov^ing  statement  shows  the  expenditures  on 
account  of  the  above  appropriation  and  credits  from 
February  1,  1923,  to  February  1,  1924. 

Mechanic  Arts  High  School  (Annex). 
Payments  on  Account: 

Site  $66,000  00 

Building   655  50 

  $66,655  50 

Carried  forward       .      .      .  $66,655  50 
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Brought  forward  $66,655  50 

School  Administration  Building. 
Continuation  of  Payments: 

Building       ....  $52,065  05 

Furnishings   8,199  34 

  60,264  39 

Henry  L.  Pierce  District  {High  School). 
Continuation  of  Payments: 

Building   635,434  60 

Lewis  District  {Roxbury  High  School). 
Continuation  of  Payments: 

Building   1,951  43 

Martin  District  (New  High  School  for  Girls). 
Continuation  of  Payments: 

Site   ...  195  00 

Hyde  Park  High  School  (Addition). 
Payments  on  Account: 

Building  borings   38  96 

Trade  School  for  Girls,  56  Fenway. 
Payments  on  Account: 

Building  $403,677  88 

Furnishings   10,200  30 

 —      413,878  18 

Brighton  High  School. 
Payments  on  Account: 

Building   306  00 

East  Boston  High  School. 
Payments  on  Account: 

Building   64,598  10 

George  Putnam  District  (Eighteen-room  Inter- 
mediate) . 
Continuation  of  Payments: 

Building  $83,965  31 

Furnishings  .      .      .      .      .      22,535  34 

  106,500  65 

Carried  forward  $1,349,822  81 
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Brought  forward  Sl,349,822  81 

Lewis  District  {Twelve  Rooins). 
Continuation  of  Payments: 

Buildino;  $2,579  00 

Furnishings   66  75 

  2,645  75 

Roger  Wolcott  District  (Twenty  Rooms  and  Four 
Shops).    F.  V.  Thompson  School. 
Balance  of  Payments: 

Building  $1,274  07 

Furnishings  1,121  80 

  2,395  87 

Samuel  Adams  District  {Sixteen  Rooms). 
Balance  cf  Payment: 

Building  ....      $2,081  25 

Furnishings   105  75 

  2,187  00 

Prince  District  {Eight  Room^) . 
Continuation  of  Payments: 

Building  $55,954  30 

Furnishings   5,842  25 

  61,796  55 

Washington  Allston  District  {Twelve  Rooms). 
Continuation  of  Payments: 

Building  $88,264  56 

Furnishings   7,560  28 

  95,824  84 

Theodore  Lyman  District  {Eight  Rooms). 
Continuation  of  Payments: 

Site  $11,147  00 

Building  111,010  65 

  122,157  65 

Charles  Sumner  District  {Twelve  Rooms). 
Continuation  of  Payments: 

Building  $161,789  12 

Furnishings   8,705  80 

  170,494  92 

Carried  forward  $1,807,325  39 
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Brought  forward  $1,807,325  39 

William  L.  Garrison  District  (Twelve  Rooms). 
Continuation  of  Payments: 

Building  $39,486  78 

Furnishings   4,039  33 

  43,526  11 

Robert  G.  Shaw  {Four  Rooins).  {Church 
Street.) 
Continuation  of  Payments: 

Building  $43,455  93 

Furnishings  3,701  25 

  47,157  18 

Edmund  P.  Tileston  {Four  Rooms). 
Balance  of  Payments: 

Site  $600  00 

Furnishings   18  75 

  618  75 

Phillips  Brooks  District  {Twenty  Rooms). 
Continuation  of  Payments: 

Site  $33,000  00 

Building   3,928  83 

  36,928  83 

Roger  Wolcott  District  {Sixteen  Rooms). 
{907  Blue  Hill  Avenue.) 
Payments  on  Account: 

Site  $19,000  00 

Building   12,773  25 

  31,773  25 

Julia  Ward  Howe  District  {Four-room 
Addition). 
Payments  on  Account: 

Building  $83,500  53 

Furnishings   232  00 

  83,732  53 

Mather  District  {Twenty  Rooms). 
Continuation  of  Payments: 

Site  $51,744  53 

Building   1,057  70 

  52,802  23 

Carried  forward  $2,103,864  27 


SCHOOLHOUSE  DEPARTMENT.  15 

Brought  forward  $2,103,864  27 

John  L.  Motley  {Four-room  Addition). 
Continuation  of  Payments: 

Building  $120,449  70 

Furnishings   3,380  97 

  123,830  67 

Henry  L.  Pierce  District  {Four  Rooms). 

Building  $29,977  43 

Furnishings   2,656  92 

  32,634  35 

John  Marshall  District  {Special  Class). 
Continuation  of  Payments: 

Building  $49,983  97 

Furnishings   2,620  75 

  52,604  72 

Bennett  District  {Four  Rooms,  Oak  Square). 
Balance  of  Payments: 

Building  $8,811  42 

Furnishings   174  35 

  8,985  77 

Portable  Buildings,  Additional  {1922). 
Continuation  of  Payments: 

Buildings  $1,056  00 

Furnishings   37  50 

  1,093  50 


Thomas  Gardner  District  {Eight-room  Addition). 
Payments  on  Account: 

Building   113,473  35 

Bennett  District  {Eight  Rooms,  Faneuil). 
Continuation  of  Payments: 
Building   35,817  56 

Bennett  District  {Four-room  Unit,  Aberdeen). 
Payments  on  Account: 
Building   31,859  05 

Emerson  District  {Twenty  Rooms). 
Continuation  of  Payments: 

Building   700  00 

Carried  forward       .      .      .      .      .      .  $2,504,863  24 


16  Annual  Report  of 

Brought  forward  $2,504,863  24 

Samuel  Adams  District  (Thirty  Rooms). 
Continuation  of  Payments: 

Site   50,544  70 

Francis  Parkman  District  {Four -room  Unit). 
Continuation  of  Payments: 

Site  $9,308  88 

Building   25,394  87 

  34,703  75 

Hugh  O^Brien  District  {Twelve-room,  Annex). 
Continuation  of  Payments: 

Building   134,598  75 


Bennett  District,  Addition  to  Winship  School. 
Payments  on  Account: 

Building  $122,099  89 

Fui-nishings  .....  216  00 

  122,315  89 

Charles  Sumner  District  {Twelve-room  Addi- 
tion) . 

Payments  oil  Account: 

Building  $15,950  00 

Furrishings   647  00 

  16,597  00 

Edmund  P.  Tileston  School  {Four-room  Unit). 
Payments  on  Account: 

Building   207  16 

Frank  V.  Thompson  (Five-room  Unit). 
Payment  on  Account: 

Building   75  00 

Lewis  District  (Twelve-room  Building). 
Payments  on  Account: 

Site  $125,000  00 

Building   2,253  40 

  127,253  40 

Carried  forward  $2,991,158  89 


SCHOOLHOUSE  DEPARTMENT.  17 

Brought  forward  $2,991,158  89 

Blackinton-John  Cheverus  District  {Four-room 
Unit). 
Payments  on  Account: 

Site  $12,960  00 

Building   155  50 

  13,115  50 

Robert  G.  Shaw  District  {Four  Rooms,  Grove 

Street). 
Payments  on  Account: 

Site  $10,653  48 

Building   155  00 

  10,808  48 

George  T.  Angell  {Four-room  Addition). 
Payments  on  Account: 
Site   273  81 

Continuation  School. 
Payments  on  Account: 

Building   300  00 

Dearborn  District  {Extension  of  Yard). 
Continuation  of  Payments: 
Site   2,816  00 

Elihu  Greenwood  District  {Extension  of  Yard). 
Balance  of  Payments: 

Site   2,225  00 

Julia  Ward  Howe  School  {Extension  of  Yard). 
Continuation  of  Payments: 

Site   6,500  00 

Oak  Square  School  {Extension  of  Yard). 
Balance  of  Payments: 

Site  $4,414  20 

Building   5,044  05 

  9,458  25 

Dillaway  School  {Yard  Extension). 
Payments  on  Account: 

Site  $5,000  00 

Building   106  50 

  5,106  50 

Carried  forward   $3,041,762  43 
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Brought  forward  $3,041,762  43 


Ellen  H.  Richards  (Grading  Yard). 
Payments  on  Account: 

Site  


2,250  00 


Charles  Bulfinch  (Grading  Yard). 
Payments  on  Account: 

Site  


Ulysses  S.  Grant  School  (Grading  Yard). 
Payments  on  Account: 

Site   . 

Winchell  School  (Grading  of  Yard). 
Payments  on  Account: 

Site  


General  Expenses. 


Salaries  

.  $42,209 

70 

Salaries  of  Commissioners 

7,000 

00 

Architect,  W.  W.  Drummey  . 

3,494 

00 

Automobile  expenses 

2,011 

45 

Furnishings  .... 

1,577 

94 

Blueprint  paper 

1,172 

77 

Stationery  .... 

942 

06 

Specifications  .... 

486 

25 

Half-tone  cuts  .... 

386 

41 

Photographs  .... 

377 

98 

Clerk  of  works 

360 

56 

Carpentery  .... 

92 

20 

Incidentals  .... 

68 

15 

Teaming  

40 

00 

Advertising  .... 

18 

00 

Piinting  

198 

30 

4,596  00 


4,956  00 


2,706  00 


60,435  77 


Rent  of  Hired  School  Accommodations. 


Ashmont  street,  164 

$450 

00 

Beacon  street,  100  .... 

9,238 

16 

Berkeley  street,  142 

4,463 

06 

Boylston  street,  48  ... 

1,650 

00 

Center  street  

2,499 

96 

Chestnut  Hill  avenue 

900 

00 

Codman  Square  Theater 

150 

00 

Eliot  street,  Jamaica  Plain  (Trus- 

tees' Building)  .... 

1,200 

00 

Carried  forward 


$20,551  18  $3,116,706  20 
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Brought  forward 

$20,551 

18 

Hanson  street  

864 

00 

Hyde  Park,  Y.  M.  C.  A.  Building, 

3,996 

69 

La  Granjre  street,  25      .      .  . 

5,811 

66 

Moon  street  ..... 

14,040 

00 

North  Bennet  streets  39 

4,245 

00 

Saratoga  street,  66  . 

835 

00 

Savin  Hill  avenue,  191  . 

1,350 

00 

School  street,  Roxbury  . 

307 

36 

South  street,  Roslindale 

630 

00 

Tileston  street,  52  . 

1,200 

00 

Tremont  street,  218 

1,232 

00 

Tremont  Temple  .... 

600 

00 

Union  square,  Allston 

1,215 

00 

Upham  Memorial  Church 

780 

00 

Walnut  avenue  and  Walnut  park, 

1,775 

00 

Washington   street,   5224,  West 

Roxbury  

780 

00 

Winthrop  street  .... 

720 

00 

Total  rents  and  taxes   60,932  89 


Fire  protection   61  16 

13,177,700  25 

Amount  voted  for  and  set  aside,  but  not  ex- 
pended to  date  for  sites,  construction  and 
furnishing  of  new  buildings,  administration 
expenses,  fire  protection,  enlarging  school 
yards  and  rent  of  hired  school  accommoda- 
tions  $5,896,280  05 


Elementary  schools   $1,812,948  27 

High  schools   1,183,057  77 

Administration  Building   60,264  39 

Rent  of  hired  school  accommodations       .      .  60,932  89 

Administration  expenses   60,435  77 

Fire  protection   61  16 


$3,177,700  25 


20 


City  Document  No.  24. 


APPENDIX  11. 


APPROPRIATION  FOR  REPAIR  AND  ALTERATION 
WORK,  FOR  FURNISHING  AND  REPLACING  FUR- 
NITURE AND  EQUIPMENT  IN  OLD  BUILDINGS, 
REPAIRS  TO  FURNITURE,  EQUIPMENT,  ETC., 
AND  EXPENSES  OF  THE  COMMISSION. 


1. 


GENERAL  STATEMENT. 

During  the  year  February  1,  1923,  to  February  1,  1924, 
the  following  sums  were  expended  by  the  Schoolhouse 
Department  for  repair  and  alteration  work,  for  furnish- 
ing and  replacing  furniture  and  equipment  in  old 
buildings,  repairs  to  furniture,  equipment,  etc.,  and 
expenses  of  the  commission: 

February  1,  1923,  appropriation  ....  $1,461,983  98 

Repairs  and  Alterations. 

Carpentry: 

Repairs  $133,818  70 

Alterations   101,299  28 

New  floors  .  .  .  .  .  4,515  47 
Hardware   30  00 


Furniture  and  Equipment: 


New  furniture  .... 

122,441 

66 

Furniture  repairs 

50,474 

43 

New  curtains  .... 

16,192 

82 

Curtain  repairs  .... 

29,297 

60 

New  clocks  

260 

00 

Clock  repairs  .... 

2,243 

00 

Electric  clock  installation  . 

17,781 

29 

Electric  clock  maintenance 

2,350 

57 

Industrial    apparatus  installa- 

tion   

1,273 

88 

Industrial   apparatus  mainte- 

1,004 

56 

Carried  forward 


$482,983  26 
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Brought  forward       .      .      .  $482,983  26 
Manual  training  and  prevoca- 

tional  installation       .      .  10,838  53 
Manual  training  and  prevoca- 

tional  maintenance  .      .      .  461  31 

Reflectoscope  installation  .      .  1,375  07 

Reflectoscope  maintenance       .  188  60 

Rubber  treads  and  matting      .  3,443  23 

Vacuum  cleaning  installation    .  — 

Vacuum  cleaning  maintenance  .  1,401  39 

Blackboards: 

New   3,276  86 

Repairs   16,452  36 

Plumbing: 

Repairs   144,454  75 

Roofing: 

Repairs   76,447  70 

Painting: 

Painting   129,276  00 

Glazing   18,470  67 

Heating: 

Repairs   134,696  38 

Ventilation   476  33 

Care  of  Grounds: 

Gypsy  moths      ....  600  00 

Planting   13,478  22 

Masonry: 

Repairs  .      .      .      .      .      .  88,122  05 

Asphalt  and  concrete  .      .      .  4,452  85 

Catch-basins       ....  10,641  31 

Grading   12,530  50 

Paving   25,304  79 

Plastering   6,609  75 

Waterproofing     .      .      .      .  196  61 

Locks  and  Bells: 

Bells   and   telephone  installa- 
tion   5,008  62 


Carried  forward  .      .      .      $1,191,187  14 
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Fire  Protection: 

Fire  alarm  installation 

5,735 

00 

Fire  alarm  maintenance 

5,498 

65 

J? lie  eboapyb  v^iiewy 
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Miscellaneous: 

Care  and  cleaning 

1,278 

30 

Flagstaff  s  

2,078 

84 

Iron  and  wii<e  work 

17,465 

55 

Custodian's  supplies  . 

1,479 

90 

Motors  and  engines  . 

2,479 

78 

Teaming  

4,817 

17 

Administration  Expenses 

Salaries,     commissioners  and 

$12,287 

79 

Salaries,  inspectors  .... 

57,021 

49 

787 

50 

Advertising  

483 

50 

Automobile  expenses 

4,633 

96 

Boiler  insurance  .... 

9,530 

64 

Car  fares  and  traveling  expenses  . 

3,906 

40 

Expert  services  .... 

2,111 

00 

2,281 

64 

280 

00 

Printing  

1,467 

60 

Stationery  

1,122 

47 

Storehouse  

3,335 

52 

Subscriptions    .      .      .  . 

10 

50 

Sundries  

Telephone  

66 

39 

5 

00 

.,362,652  21 


99,331  40 


Total  repairs  and  administration  expenses  .  $1,461,983  61 


Balance  returned  to  School  Committee     .      .  $0  37 
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II. 

SUBDIVISION  OF  EXPENDITURES. 

Elementary  schools  $1,101,127  24 

Administration  and  general  expenses  .  .  .  99,331  40 
High  schools  and  Normal  School  ....      239,010  75 

Special  schools   17,759  70 

School  Committee  quarters   4,754  52 

$1,461,983  61 

III. 

Balance  Bond  Issue  $198,939  66 

*  Public  Latin  School. 
Continuation  of  Payments: 

Building  $30,128  84 

Furnishings   61,454  69 

  91,583  53 

Balance  $107,356  13 


The  first  part  of  building  paid  out  of  tax  levy  money  in  regular  appropriation. 
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Summary,  Appropriations,  Expenditures,  Balances,  Repairs, 
Alterations,  Etc. 


Appropria- 
tions. 


Expendi- 
tures. 


(1)    Administrative    expenses,  Schoolhouse 
Department  


(2) 


(6) 


(9) 

(10) 

(11) 

(12) 

(13) 
(14) 
(15) 


Girls'  High  School:  Remodelling  of 
Trade  School  Building,  Massachusetts 
avenue,  for  Girls'  High  School  Colony, 


(3)  English  High  School:  Completion  of 
alterations  and  improvements  due  to 
occupancy  of  Old  Public  Latin  School 
Building  


(4)  Approved  productive  work  by  pupils . 

(5)  Lockers  for  four  high  schools  


George  Putnam  Intermediate  District: 
Alterations  for  accommodation  of  in- 
termediate manual  training  and 
domestic  arts  classes  in  main  building, 
and  fitting  of  two  wings  for  class 
room  purposes  


(7)  Theodore  Lyman  District:  Transfer  of 
master's  office  from  third  floor  to  first 
floor,  and  makmg  over  of  old  office 
into  class  room  


(8)  Henry  L.  Pierce  District:  Alteration  of 
cooking  room  to  provide  domestic 
science  accommodations  for  inter- 
mediate classes  


Normal  School:  Alteration  of  lecture 
hall  for  use  as  class  room,  and  provi- 
sion for  locker  accommodations  


Everett  District:  Remodelling  to  secure 
adequate  heating,  principal's  office. . . . 

Warren-Bunker  Hill  District:  Printing 
room  


EHot  District:  Electrical  room  for  inter- 
mediate and  prevocational  class  


Boston  Trade  School:  Linotype  repairs, 

Electrical  Shop,  Lewis  School  

Unassigned  


$98,000  00 
54,293  79 

32,349  23 
4,981  00 
10,494  00 

15,973  10 
2,846  80 

1,695  55 

4,064  20 

1,327  15 

2,127  55 

1,765  50 

633  74* 
1,961  50 
,229,470  87 


$97,999  95 
54,293  79 

32,349  23 
4,981  00 
10,494  00 

15,973  10 
2,846  80 

1,695  55 

4,064  20 
1,327  15 
2,127  55 
1,765  50 

1.961  50 
1,230,104  29 


Totals  $1,461,983  98   $1,461,983  61 


*  Not  expended  for  this  purpose;  expended  through  error  under  item  (15)  unassigned 
t  Deficit. 
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APPENDIX  III. 


HIRED  BUILDINGS. 


I. 

Rooms  in  the  following  buildings  have  been  hired  for 
school  purposes;  rents,  taxes,  water  rates,  heating  light- 
ing and  janitors'  expenses  paid  for  the  same,  amounting 
to  $64,003.39,  during  the  year  from  February  1,  1923,  to 
February  1,  1924. 


For 


Location. 


Remarks. 


Bennett  District. 


Compulsory  Continuation  School, 


Day  School  for  Immigrants. 


Dorchester  High  School . 


Edward  Everett  District. 


Eliot  District,  special  classes. 


Eliot  District  Continuatio: 
School. 


Francis  Parkman  District . 


FrankUn  District,  Cooking  Room, 


George  Putnam  District,  Kinder- 
garten. 


George  Putnam  District. 


Chestnut  Hill  avenue . 


La  Grange  street,  25. 


Young  Men's  Christian 
Union  Building,  48  Boyl- 
ston  street. 

Codman  Square  Theater  


Savin  Hill  avenue,  191 


North  Bennet  street,  39.  . 


Tileston  street,  52. 


Upham  Memorial  Church, 
Forest  Hills. 


Hanson  street,  1 . 


Walnut  avenue. 


School  street,  land. 


Rent  per  annum,  $900, 
including  heat,  light 
and  janitor's  service. 

Rent  per  annum,  $4,000, 
city  to  furnish  heat 
and  hght  and  pay 
taxes. 

Rent  per  annum,  $1 ,980, 
including  heat,  light 
and  janitor's  service. 

Used  for  graduation 
exercises.  Rent  for 
same,  $150. 

Rent  per  annum, $1,800, 
including  heat  and 
light. 

Rent  per  annum,  $4,245, 
including  heat,  light, 
water  and  janitor's 
service. 

Rent  per  annum,  $1,200, 
including  heat,  light 
and  janitor's  service. 

Rent  per  annum,  $780, 
including  heat  and 
janitor's  service. 

Rent  per  annum,  $864, 
including  heat  and 
janitor's  service. 

Rent  per  annum,  $1,500, 
including  heat  and 
janitor's  service. 


Rent  per 
$461.04. 


annum 
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HIRED  BUILDINGS.—  Concluded. 


For 


Location. 


Remarks. 


Girls'  High  School  

Girls'  High  School  and  English 
High  School. 

Hancock  District  

H.  L.  Pierce  District  

High  School  of  Practical  Arts.  . . . 

Hyde  Park  High  School  

Longfellow  District  

Manual  Training  School  

Robert  G.  Shaw  District  

School  Committee  

Trade  School  for  Girls  


Ulysses  S.  Grant  District,  Special 
Class. 


Washington  Alleton  District. 
West  Roxbury  High  


Beacon  street,  100. 


Tremont  Temple,  Tremont 
street. 


Moon  street. 


Ashmont  street,  164. 


Winthrop  street. 


Young     Men's  Christian 
Association. 

Unitarian  Church  of  Roslin- 
dale.  South  street. 


Eliot  street,  Jamaica  Plain. 


Washington  street,  5224. 


Tremont  street,  218. 


Berkeley  street,  142. 


Saratoga  street. 


Brighton  Avenue  Baptist 
Church,  Union  square, 
Allston. 

Centre  street,  701  


Rent  per  annum,  .$5,000, 
city  to  pay  water  and 
real  estate  taxes. 

Used  for  graduation 
exercises.  Rent  for 
same,  $600. 

Rent  per  annum, 
$14,040,  including 
heat  and  janitor's 
service. 

Rent  per  annum,  $1,800, 
including  heat,  light 
and  janitor's  service. 

Rent  per  annum,  $720, 
includes  all  expenses. 

Rent  per  annum,  $3,776, 
includes  all  expenses. 

Rent  per  annum,  $840, 
including  heat,  light 
and  janitor's  service. 

Rent  per  annum,  $1,200, 
including  heat  and 
janitor's  service. 

Rent  per  annum,  $780, 
including  heat,  light 
and  water. 

Rent  per  annum,  $7,392, 
including  heat,  light 
and  water  service. 

Rent  per  annum,  $5,500, 
including  heat,  jani- 
tor's service  and 
water. 

Rent  per  annum,  $840, 
city  to  furnish  jani- 
tor's service,  heat, 
light  and  water. 

Rent  per  annum,  $1,620, 
including  heat,  light 
and  janitor's  service. 

Rent  per  annum,  $2,500, 
including  heat  and 
hght. 


HUGH  O'BRIEN  SCHOOL. 
MuLHALL  &  Holmes,  Architects. 
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B.,    $38,616  00 
H.,      2,614  00 
P.,       3,800  00 
E.,       1,970  00 

B.,    $28,841  00 
H.,       1,624  00 
P.,         250  00 

E  

B.,  $120,650  00 
H.,     13,000  00 
P.,       7,895  00 
E.,       7,295  00 

B.,  $871,911  00 
H.,     69,300  00 
P.,      38,700  00 
E.,     54,965  00 

B.,  $122,712  00 
H.,       5,079  00 
P.,       2,789  00 
E.,      4,420  00 

B.,  $151,233  00 
H.,     12,432  00 
P.,       9,930  00 
E.,       5,875  00 

B.,  $115,375  00 
H.,     13.000  00 
P.,       3,000  00 
E.,       4,100  00 
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Grand  Totals. 


Land, 

Building, 

Total 

Letters. 

Estimated 

Estimated 

Assessed 

Valuation. 

Valuation. 

Valuation. 

u  

w  

Vacant  lots  

Portable  buildings. 


$303,900 
359,300 
468,400 
213,000 
504,100 
172,100 
232,300 
559,400 

13,600 
198,200 
148,900 
399,500 
261,200 

64,400 
529,600 

50,500 
157,800 
840,600 
113,500 

22,000 
657,000 
590,600 


$895,800 
1,500,700 
1,592,700 
1,400.400 
1,745.400 
1,067,100 

976.200 
2,231,400 
54,000 
1,288,700 

618.000 
2.141.600 

945.800 

444,000 
2,297,300 

161,900 
1,073,600 
1,607,100 

915,500 

116,500 
2,152,000 
1,298,200 

482,600 


Grand  totals. 


$6,859,900 


$27,006,500 


CITY  OF  BOSTON 
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